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Message Text 


UNCLASSIFIED 

PAGE 01 CONAKR 01472 261339Z 

53 

ACTION EB-07 

INFO OCT-01 AF-08 ISO-OO CIAE-00 INR-07 NSAE-00 AID-05 

TRSE-00 OMB -01 IGA-02 DOTE-OO /031 W 

017802 

R 261101Z JUL 76 
FM AMEMBASSY CONAKRY 
TO SECSTATE WASHDC 2143 
INFO USDOC WASHDC 
AMEMBASSY ABIDJAN 

UNCLAS CONAKRY 1472 

ABIDJAN FOR CLARK REP NIELSEN; COMMERCE FOR MEPO 
EO 11652: N/A 

TAGS: EAID BEXP BTRA GV US 
SUBJ: IBRD GUINEA ROADS PROJECT 

REF: A ABIDJAN 6241 B CONAKRY 1017 (NOTAL) 

1 . IBRD/IDA HAS CONCELLED APPROVAL OF TENDERS OFFER FOR FIRST GUINEA 
ROADS PROJECT. FUTURE OF PROJECT IN SERIOUS JEOPARDY. JURISDICTIONAL 
DISPUTE HAS ARISEN BETWEEN BERGER REPS, IE IDA, AND GOG 
EXECUTING AGENCY MINISTRY OF MAJOR WORKS, DEPARTMENT OF ROADS AND 
BRIDGES. 

2. UNDERLYING CONTROVERSY IS BASIC MISUNDERSTANDING ON PART OF GOG 
WHICH WANTS IBRD ROADS PROJECT TO FOCUS ON CONSTRUCTION AS OPPOSED 
TO MAINTENANCE OF EXISTING ROADS. DIFFERENCE REFLECTED IN EQUIPMENT 
LISTS IN TENDERS OFFER. 

3. NEGOTIATIONS UNDERWAY TO SALVAGE PROJECT. BERGER REPS NOT 
OPTIMISTIC. FAILURE OF IDA TO EXERT AUTHORITY EARLY ON CAUSED GOG 
TO MOVE AHEAD AND SET DIRECTION OF PROJECT. AFTER TWO WEEKS ON 
ROAD, SURVEY TEAM RETURNED CONAKRY IN TOTAL DISAGREEMENT. 

HARROP 

UNCLASSIFIED 
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Message Attributes 


Automatic Decaptioning: X 
Capture Date: 01 JAN 1994 
Channel Indicators: n/a 
Current Classification: UNCLASSIFIED 

Concepts: CONSTRUCTION, HIGHWAYS, DEVELOPMENT PROGRAMS, PROPOSALS (BID) 

Control Number: n/a 
Copy: SINGLE 
Draft Date: 26 JUL 1976 
Decaption Date: 01 JAN 1960 
Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976CONAKR01472 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760286-1082 
From: CONAKRY 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t19760723/aaaaatnd.tel 

Line Count: 51 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION EB 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: hackerpO 
Review Comment: n/a 
Review Content Flags: 

Review Date: 19 MAR 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <19 MAR 2004 by ThomasVJ>; APPROVED <06 JAN 2005 by hackerp0> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: IBRD GUINEA ROADS PROJECT 
TAGS: EAID, BEXP, BTRA, GV, US, IBRD 
To: STATE 
Type: TE 
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